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BILL NO 


. S-81-0 6-^p 




SPECIAL ORDINANCE NO. S- 


AN ORDINANCE approving Change Order 
No. 1, North Maumee Study Area, Res¬ 
olution 330-80, Phase II, Federal 
Grant Number C-180599-07. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF 
FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 to John Dehner, 
Inc. in connection with the North Maumee Study Area Project, 
for: 


special construction techniques and 
material used because quick sand type 
ground conditions were encountered for 
a distance of 2,100 feet during in¬ 
stallation of sewer, 


in the amount of $203,980.27, as set out in the specifications 
which are on file in the Office of the Board of Public Works 
and are by reference incorporated herein and made a part hereof 
be and the same is in all things ratified, confirmed and ap¬ 
proved. 

SECTION 2. That this Ordinance shall be effective 
from and after its passage and approval by the Mayor. 



APPROVED AS TO FORM AND 
LEGALITY JUNE 19, 1981. 








Read the first time in full and on motion by_ 




by title and rererred to the Committee Q (and-the City 

plan Commission for rec ommendation) an~Pub lib^yearing to be held^^ter 
due legal niotice, at^tneCouncil ChambersT^ity-County BuildlngT'Fort Wayne 
Indiana, on -^ , the day of 

V / 19 ' 




CHARLES W. WESTERMAN 

CITY CLERK 


Read the third, 

seconded by_ 

passage. PASS! 


in/full and on motion by_ 


3ta an/full a; 




by the following vote: 


and duly adopted, placed on its 


TOTAL VOTES 

BURNS 

EIS3ART 

GiaQUINTA 

NUCKOLS 
SCHMIDT, D. 

SCHMIDT, V. 

5CH0MBURG 

STIER 

TALARICO 

DATE: 


AYES 

± 

_2L 

_2L 

X 

X 

x 


ABSTAINED 




CHARLES W_ WESTERMAN - CITY CLERK 
Passed and. adopted by the Common Council of the City of Fort Wayne, 

Indiana, as (ZONI NG - M AS-)-(-GENERAL') (ANNEXATION! / (SPECIAL) 

(APP ROPRIATION ) ORDINANCE' (SESQLH ;1 No. 

on the 



' CHARLES:? W. WESTERMAN -; 

■t \ v 


CITY CLERK 


Presented,by me to the Mayor) of the City of Fort Wayne, Indiana, on 

_day AAAaA _, 19 j£L , at the hour of 

//'A/ o 1 clock 





CHARLES W. WESTERMAN ] 

fX) l~lr\ _day o: 


Approved and signed by me this __ 

9 , at the hour of_\_|_o'clock f\ M. , E. S. 


r 


^ y 

l- A .. 




WINFIELD C. MOSES, JR. 

MAYOR 

































































































BILL NO. 


S-81-06-28 


REPORT OF THE COMMITTEE ON 
City Utilities 


CITY UTILITIES 


WE, YOUR COMMITTEE QN uuxj.xuj.co t q whom was REFERRED AN 

ORDINANCE approving Change Order No. 1, North Maumee Study Area, 
Resolution 330-80, Phase II, Federal Grant Number C-1805'99-07 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 
BACK TO THE COMMON COUNCIL THAT SAID .ORDINANCE . RAS,S<" 

PAUL M. BURNS, CHAIRMAN 


VIVIAN 

G. SCHMIDT, VICE CHAIRMAN 

BEN A. 

ElSBART 

SAMUEL 

J. TALARICO 

ROY J. 

schomburg' 



_,_ 

■&^L±U 

1 / * * / 

/ 


7 -/*/-$/ 


PAT£_ 


CONCURRED IN 


-CHARLES W. WESTERMAN, CITY CLERK 
































M e m © rs rs d u m 


Board of Public Works 
To Attention: Clerk _ 


Date 2 June 1981 


From C. Duane Embury, P.E., Chief Water Pollution Control Engineer _ 

North Maumee Study Area - Resolution 330-80 - Phase II - B.O. #54-80 

Stfbject Federal Grant C-180599-07 - John Dehner, Inc., Contractor _ 

Change Order No. 1 ’ ZZZI 

Attached herewith is an executed copy of Change Order No. 1 for 
subject Resolution. You will note that this Change Order has been 
hand-carried to the Indiana Stream Pollution Control Board for 
their review and approval. 

Considering the Board of Public Works has approved this document, 
this. Department recommends that the Clerk of the Board schedule 
on the Common Council of the City of Fort Wayne’s docket the 
introduction of the referenced Resolution for 9 June- 1981 , for 
first reading. 

The Change Order for this Resolution is an increase of $203,980.27. 

If you should have any questions regarding this change order, 
please see me personally. 


Respectfully submitted. 



Walter Pollution Control Engineer 


CDE/ns 


Attachment: Change Order No. 1 - John Dehner, Inc. 


Dalted: £ - ..1 — p / _ 

Received this date from Water Pollution Control Engineering, 
the above-referenced Change Order No. 1 to be introduced into 
Council on 9 June 1981. 



Clerk, Board of Public Works d 


pirn ctppurueiL uniHe/vU 




// 













CHANGE ORDER 


Change Order No. ' 1 _ Resolution No. 330-80 - Ph.II 

Project No. C-180599-08 _* .. Board Order No. 

Name of Projectj_ North Maumee Interceptor _Dat e: 1 June 195X "~ 

T o . _ JOHN DEHNER, INC. _ - 

(Contractor) 

Gentlemen: 

You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Item 

No. 


i Description of Change 


Change in Contract Price 

Quantity 

, Description 

Unit Price* 

Decrease 

Increase 

29 

2100± LF 

30" Prestressed Concrete Pipe 

$106. .64. 


$223,944.00 

30 

1067+ CY 

Special Base Stabilization 

$ 17.81 


$ 19,003.27 

31 

1200± LF 

Special Dewatering 

$ 50.46 


$ 60,552.00 

4 

2100± LF 

30" R.C.P. Class IV 

$ 47.39 

' $99,519/00 . 








* See attached EPA Form 5700-41 (2-76) 

Total Decrease 

Total Increase 

Net (5ifeaa&a@&) (Increase) Contract Price 

$99,519.00 



$303,499.27 


$203,980.27 


The sum of $ 203,9<^0.27 _is hereby (added'to) (dKdaxcrtsed;xfcE®ia) the total contract price 

and the final contract price shall be adjusted as follows: 

Original Contract Price 8.91,869 05 

Current Contract Price Adjusted by Previous Change Order +- 1 - 1 -~ 

New Contract Price including this Change Order ^ l ' ,095 J8^ ~32 - 

The time provided fpr completion in the contract for this project is (unchanged) 

(deexesaad^; by -0- _calendar days due to this Change Order. The date for completion 

of all work shall b;e 13 February 1983 _. Furthermore, this, document shall become an 

amendment to the contract and all provisions of the contract shall apply hereto. 

Date___ 

Date_ 

Date t/f /t?/ .. _ 

Date &/-?/> / _ 


Date. 


Recommended by: C. Duane Embury,chief Engineer 

Accepted 
Approved by: 

Approved by: 


Contractor 

City Engineer 



Attested by:^ 


/C^c> —<—-aI... -. ^ 


















































JUSTIFICATION OF CHANGE ORDER 
NORTH MAUMEE STUDY AREA 


RESOLUTION 330-80 - Phase II 
JOHN DEHNER, INC. . 


1. Items #29, 30, 31, and 4 

The contractor started at station 130+60 and worked until station 149+15 with 
hard blue-gray silty clay conditions with only a slight amount of water in the 
trench. After station 149+15, the contractor laid 5 more 30" R.C.P. Class IV 
pipe in a very plastic hard to medium gray silt. As the contractor continued 
to work, the soil became very fluid which caused 5 of the pipe to buckle and 
ultimately the removal of these pipe. At this time, the City of Fort Wayne, 
with continuous guidance from George West, Corp of Engineer’s Inspector, ordered 
the Contractor to stop his operations until further subsurface investigations 
could be made. The report from this investigation (attached) contains the 
recommendations and provides justification for the above listed items. 


2. This proposed change will not alter the size of this project. 


3. This proposed change will not affect the operation and maintenance cost of 
this project. 



Lloyd ^/T Williams, P.E., Project Engineer 










COST OR PRICE SUMMARY FORMAT FOR SUBAGREEMENTS UNDER U.S. EPA GRANTS Form Approvr,! 

(S.;- tir.-nmprinyinjl instni. fions /><■/<>ri' romplrt infi this to,mj | OHH No. ISS-Kt'IJ'f 

l’AKT 1- 

Gl.NL H At. 



ORANTCC 



2. OMAN 1 NUMBER 


J. NAME Or CONTRACTOR OH SUBCONTRACTOR 

John Dehner, Inc. 



4. DAI I OF PROPOSAL 

May 29, 1981 

5. ADORES* D.= CONTRACTOR OR SUBCONTRACTOR fjnc/i.rfo 7.//' c< 

P. 0. Box 11346 

Fort Wayne, Indiana 46857 


r.. 1YPI OF SrHViLL TORE FURNISHED 

Furnish and install Prestressed 

Concrete Pipe in adverse soil 
conditions. 2100 1. f. total length 

PART I'.-COST SUMMARY 


,7. DIRECT LABOR (Specify labor calrgorlom) 

ESTI¬ 

MATED 

HOURS 

HOURLY 

RATE 

ESTIMATED 

COST 

TOTALS 

Foreman 

9.5 

$ TFTOO 

S 152.00 


Laborer (Top) 2 ea. 

9.5 

23.18 

220.21 

" ^7^.7"^' 7; ' 

Laborer Pipe Layers Helper 

9.5 

11.79 

112.01 


Laborer Pipe Layer 

9.5 

11.89 

112.96 

ft i 

Operator 3 ea. 

9.5 

_41.07. 

' 390.17 





"..77 ; 'v '7 

OIRECT LABOR TOTAL: 

./ ,v-i. ' 

i\ 

.. ... • • V, 

s 987.35 

6. INDIRECT COSTS (V *.-Ily In.th— t .•..*# »lm) 

Payroll*Taxes~and Insurance 

RATE 

19904! 

5 987735 ~ 

F.STIMATFD 

COST 

S 196 752 

•<r?:«• $2$ 

Overhead 

17% 

1183787 

261.26 

\ I"- 






INDIRECT COSTS TOTAL: 


-,n - 


s 397.78 

9. OTHER DIRECT COSTS 

K '77 . ‘ ■’* l 

H . 7RAVKL 

ESTIMATED 

COST 

7V, v ' -yjri 

(!) traniportation 



(2) PCM DICM 

s 


TRAVEL SUBTOTAL: 


77 

s 

j 

b. EOU1PMENT, MATERIALS. SUPPLIES (Specify cnlegorles) 

OT Y 

COST 

ESTIMATED 

COST 


30" Prestressed Concrete Pipe 

51.85 

s 47.28 

$2451.47 

^ 

Stone Bedding 1.0262 cy/lf @ $8.91 

51785" 

9.14 

473.91 

V'• •-• 'iV "‘V/. i- 

( 2.85 stone + 2.10 Trucking x 1.8T/cy.) 





Overhead 

17% 

2925.38 

497.31 

7'f 

EQUIPMENT SUBTOTAL: I 

^7; - N. 

^ 41 S* W: 

3422.69 


c. subcontracts 

EST IMATE D 
COST 

N f( ■**" **■ • r» * 


$ 

. * 



' ; V -* V . ( 



A . , .1 

SUBCONTRACTS SUBTOTAL: 

- 

i 7 • • 

$ 


' d. OTHER (Specify calcgorif) 

ESTIMATED 

COST 

'=■' ' .7 


s 





OTHER SUBTOTAL: 



$ 

• ' -:.'7. 

e.‘OTHER DIRECT COSTS TOTAL: 



7. -V 

i 3422.69 

*0. TOTAL estimated COST 

*s 4807.82 

1 1. PROFIT 

p 721.17 

12. TOTAL PRICE 

s 5528.99 


5528.99 divided by 51.85 ft./day = $106 .% c /f t° F 5 



























































































































































COST OR PRICE SUMMARY FORMAT FOR SUBAGREtMENTS UNDER U.S. EPA GRANTS { Fn.-m Approv'd 

J.. ■■ * .-"■. '•mp.-myint inslrmlions l.rturc romplninf this l.„m) j OMH Nt>. I.SH-Kt'144 

I’AH T 1- 

Gl.NLRAl. 



'• ORANTCC 



2. 1.1% AN 1 NUMR1.N 


J. NAME Or COWTRACIOM OH SU UC ON TII AC TOR 

John Dehner, Inc. 



«. DAI | Of PROPOSAL 

Hay 29, 1981 

8. ADORES* OF CONTRACTOR OR SUBCONTRACTOR (Include 7.1 !■ ct 

P.0. Box 11346 
. Fort Wayne, Indiana 46857 


ivpi or rruvii i t o be furnished 

Furnish special base stabilization 
for 30" pipe in adverse soil 
conditions. 1200 If.’total 

PART 11 - COST SUMMARY 

7. DIRECT LABOR (Specify lebor cslcgorlee) 

ESTI¬ 

MATED 

HOURS 

HOURLY 

RATE 

estimated 

COST 

TOTALS 

Direct crew cost $1183.87/day see sheet//] 


s 

s 


Average 365 cy/Day Excavation 




'‘■f./r. ? X-XvX '*? ' 

• .-7 

$1183.87-^-365 = $3.24 









m&mm 









DIRECT LABOR TOTAL: 

/ . 

,•%'* ■ v 

. . •' 

s 3.24 

Payroll Taxes and Insurance 

! 19904 

s 3. 24 . 

f.stimatfo 

COST 

s 7” -64 







Overhead 

17% 

3.88 

766 

-. .. ■ 

INDIRECT COSTS TOTAL: 

l 



* 1.30 

9. OTHER DIRECT COSTS 

^ ' •• ■ 

U. -TRAVEL 

estimated 

COST 

r '* » r ? 

0)transportation 


‘H'V,•-» vj l 

(2) PER D.EM 

s 

IXX77X"7 * 1 

TRAVEL SUBTOTAL: 


>V' ^ a 

s 

! W7.;X n x 9 

b. EOUIPMENT, MATERIALS, SUPPLIES (Specify categories) 

QTY 

COST 

ESTIMATED 

COST 

>,,7.:- <..■> • i 

#2 Stone ($3.10 stone + $2.10 Trucking) 

CY 

s 9.36 

s 






■' 'X/. V- -, x ' V ,1 

Overhead 

17% 

1 . 59 








EOUIPMEWT SUBTOTAL: 1 


7:77.0..:...; 

10.95 

-i-i***- if 





V' 1 * V * **** •>« S 

C. SUBCONTRACTS 



COST 

5V>- Kfi'JV-e nj 


$ 







-7 

SUBCONTRACTS SUBTOTAL: 


V 1 

* 

v ■ •’• r ./'t 

d. OTHER (Specify celegoiiet) 

ESTIMATED 

COST 

' ;-•/ • *?7| 


s 




;.r 

OTHER SUBTOTAL: 


f x --saas 

s 


e. OTHER DIRECT COSTS TOTAL: 


1 V 

s 10.95 

10. TOTAL ESTIMATED COST 

s 15.49 

\ 1. profit 

h 2772 

12. TOTAL PRICE 

s 17.81 

EPA 5700-41 (2-76) $17.81 / CY X 1067 CY = 

( 1200 If. x 8’ wide x 3 

19,003 
' deep 

.27 

) 


PAGE 1 OF S 














































































































































Sheet #3 


COJT ofTprice summary format for subagreemekts under u.s. epa grants 

’ f.S.-i • instruct inns hclort' c.implt'tmg this I- >im) 

Form 

OMH 1. S.V 

I’AK.T 1 - 

Gt.NLRA 






1. GRANT C. t 



UlANI N 

UMIU.f 



I. NAM C Of CONTRACTOR OH SUBCONTRACTOR 

John Dehner, Inc. 



May 

29, 

1981 

8 . ADDRESS OF CONTRACTOR OR SUBCONTRACTOR (Include 7.W r.< 


c. 1YP. OF r.nm 

UTORC F 

URN.S 


° 

P. 0. Box 11346 

Fort Wayne, Indiana 46857 


Furnish and Install special dewatering 
system in adverse soil,conditions. 

1200 l.f. total 

based on 100 ft./day installation & 

U 0 rl x \r nnprAt t 

PART !l - COST SUMMARY 


7. DIRECT LABOR (Speclly labor calcgorlee) 

ESTI¬ 

MATED 

HOURS 

HOURLY 

RATE 

COST 

ED 


TOTALS 

Foreman 

9.5 

S 16.00 

* 152. 

00 



Laborer 4 ea. 

9.5 

46.36 

440. 

42 



Operator 2 ea. 

9.5 

27.38 

260. 

11 








7''T* | 

Pump Opreator 960 hrs. @ $18.26=$17,529. 

60 


| 1460. 

80 


$17,529760" 12 = 1460.807"100 ft. 







DIRECT LABOR TOTAL: 



• ' .. • •. • V 7 . 

s 2313.33 ~ j 




F.STIMA- 

TED 


‘"O' >*- • C:>^\ r. \ 

Payroll"~Taxes""and~ Insurance 

'.'19904 

S 2313.33 


45 “ 


Overhead 

17% 

2773.78 

471 . 

54 


U •-= v. . 





*7 ’^.7- ■ 

INDIRECT COSTS TOTAL: 

Wi v -i. 




s 931.99 

• 9. other direct costs 

^7.7'' ,7 ■: • 7i 


estima 

COST 

TED 


-7'7. r , 

(1) TRANSPORTATION 

s 



'77r7 ■ -7 •’ j- v 

(2) PER DIEM 

s 



TRAVEL SUBTOTAL: 



s 



’ : tf.» Fr> * ;> -V w) ^ 7.‘ -• •} 

\ b. EQUIPMENT. MATERIALS. SUPPLIES (Specify coie(o:/=j) 

QTY 

COST 

COST 

TED 


<7 7 { 

Fuel 40 days @88.00/24 hr day 


s 

s 




$“3520.00 12 = $ 293.33 / 100 If. 



293. 

33~ 


‘ Vv- 77,-\ 

Pump Rental $205.00/day x 40 days. 12 



683. 

33 


77777 < . : -‘if 

Overhead 

17% 

976.66 

166.03 


77' ;7- V-f 

EQUIPMENT SUBTOTAL: 1 







c. subcontracts 

ESTIMA 

COST 

TED 


mill} 


s 

^•7-7-v- _ 











SUBCONTRACTS SUBTOTAL: 

R- ■ 

mL/: 7 

s 



'*W. V ’’ 7 ;' 

d. OTHER (Specify carc*o ,i..) 

ESTIMA 

COST 

TED 


•'7 ' 7 •'•7,/; 


s 

7~r' 7^*$ 




OTHER SUBTOTAL: 

& 7 • 

i \ - 7/v^ 

L 

:: 

e.‘OTHER DIRECT COSTS TOTAL: 



t-i '■ '7 


s 3142.69 

: 0. TOTAL ESTIMATED COST 

i 4388.01 

11. PROFIT ■ 

658.20 

12. TOTAL PRICE 

s 5046.21 


$3046.21 100 ft. = 50.46 / ft. 
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THE CITY OF FORT WAYNE 

CITY-COUNTY BUILDING • ONE MAIN STREET • FORT WAYNE, INDIANA 46802 

board of public works 


June 9, 1981 


The Common Council 
Fort Wayne, IN 

SUBJECT: CHANGE ORDER #1, NORTH MAUMEE STUDY AREA, RESOLUTION 330-80 

PHASE II, FEDERAL GRANT NUMBER C-180599-07, JOHN DEHNER, INC. CONTRACTOR. 

Gentlemen and Mrs. Schmidt: 

Change Order #1 with John Dehner, Inc. - Contractor in the amount of $203,980.27 
on Federal Grant Number C-180599-07, North Maumee Study Area, Resolution 
330-80 Phase II has been approved by the Board of Public Works (Federal Funded 
Project). 


Said change is required due to the fact that quick sand type ground conditions 
were encountered for a distance of 2,100 ft. where special construction 
techniques and material must be utilized. 

In order to avoid any delay in construction, the Board respectfully request 
a "Prior Approval" of the Change Order. 

Special Ordinance for formal approval will be introduced in the near future. 


Yours truly. 















£3619 


TITLE OF ORDINANC E CHANGE ORDER #1, NORTH MAUMEE STUDY AREA. SEWER TMRROVETyrRWT wvq 
PHASE II, FEDERAL GRANT NUMBER C-I80599-07 . 

DEPARTMENT REQUESTING ORDINANC E BOARD OF PUBLIC WORKS _ -^C7 ' ^ ^ ^ 


SYNOPSIS OF ORDINANC E CHANGE ORDER #1 WITH JOHN DEHNER. INC. CONTRACTOR WITH SKWF.E TMPRmnrwMT 
RESOLUTION 330-80 PHASE II, FEDERAL GRANT NUMBER C-180599-07 IS REQUIRED T)TTE to T j !f 

FACT THAT QUICK SAND TYPE GROUND CONDITIONS WERE ENCOUNTERED FOR A DISTANCE' OF 9 , i hh 

WHERE SPECIAL CONSTRUCTION TECHNIQUES AND MATERIAL MUST BE UTILIZED. . 


IWQppfafll AgjLLiBd *ftmuts.p 


EFFECT OF PASSAG E CONTINUATION OF THE NORTH MAUMEE SANITARY SF.WKR 


EFFECT OF NON-PASSAG E THE ABOVE PR O JECT CANNOT BE CONTINUED, 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURES, SAVINGS) AN INCREASE OF $203.980.'27 TO BE PAID ' 
AS FOLLOWS (75%) EPA, (10%) STATE, (15%) CITY UTILITIES. 


ASSIGNED TO COMMITTEE 


sa 







































